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STATUTES AT LARGE
A. D. 1872.
No. 44.
AN ACT TO REQUIRE THE COUNTY COMMIssion ERs OF BARN-
WELL County To CoNSTRUCT A JAIL AT BLACKVILLE, THE
County SEAT.
SECTION 1. Be it enacted by the Senate and House of Represen-
tatives of the State of South Carolina, now met and sitting in Gene-
Construction ral Assembly, and by the authority of the same, That the County
of a Jail
Blackville.
Cost limited.
* Commissioners of Barnwell County be, and they are hereby, re-
quired and directed, immediately after the passage of this Act, to
cause to be constructed a jail for the use of said County, at the
town of Blackville, the County seat; the said jail, when completed,
with the highest practicable security for the custody of prisoners,
not to exceed in cost the sum of eight thousand dollars.
SEC. 2. The said Commissioners are authorized to advertise for
commission. plans and specifications and proposals to build said jail, in the
ers to adve
tise for propo-
Sals.
On compl
... newspapers published in Barnwell, and in one daily newspaper
published in Charleston and Columbia, for the space of three
weeks, and, from the plans, specifications and proposals submitted,
to select such one as they may think best adapted to the necessities
of a jail; and they are further authorized to contract with the
party submitting the plans, specifications and proposals accepted
by them, for the construction of the same.
SEC. 3. On the completion of said jail, according to contract,
ti mplº and after it shall have been approved and received by the said
ion of jail,
tº Commissioners, they shall be authorized to draw upon the County
surer to pay
draft. Treasurer of Barnwell, in favor of the contractor, for the amount
agreed to be paid therefor, which draft shall be paid by the Trea.
surer on presentation; but the said Commissioners are authorized,
in their discretion, to stipulate for the payment to the contrac-
- ; , , º, - * -- --- - 2, a , ,
Estimates to " " installments, as the work progresses: Provided, That no
be furnished, such payment shall be made, except upon an estimate, furnished in
Twenty cents
writing, by the contractor, and carefully examined by the Commis.
sioners, showing the amount of work actually done, and of material
actually furnished at the date when payment is asked: And pro-
vided, further, That there shall be reserved of such estimates
**º twenty cents per centum, which shall not be paid to the contractor
be reserve
until compl
tion of jail.
“ until the jail shall be completed according to contract, approved
and received by the Commissioners. And the said Commissioners
are authorized to draw upon the County Treasurer for all amounts
thus agreed to be paid, which draft the Treasurer shall pay, upon
the filing with him the estimates upon which such drafts are drawn,
endorsed with a certificate of approval, signed by the said Commis:
sioners, or by a majority of them. - -
SEc. 4. The County Treasurer shall set apart the sum of eight
